5? 


TELEFLEX 

M-TROCK ATX MEETIH6 MINUTES 
MAT 12, 1994 

ATTENDEES: JOE BUCCELUTO WAYNE BATES 

MATT KHM HIKE REASONER CO 

PLATES & CASKETS 

- PARTS NOT IN ON HAY 2 DOE TO FASTENER PROBLEMS. STUD LS3iCTB TO BE 
2580 WITH NO LOG PT. F(» Fl PARTS STUDS HUST BAVE DOG PT. END AMD BE 
3SBm LONG. 

- SAMPLES OF FOAM ROBBER GASKET MATERIAL SHOtfN TO CHRYSLER FROM UNIQUE 
FAB. EPDM FOAM 3a THICK TO BE USED. 

•« KXPLORK mSTPLE USI OF RWBtER 8IPPB0 nAOKia PLATE pt^ |««. ^. 

- TOOLS TO BE RELEASED JULY 1 FOR 8 VEEK TOOL LEAD TIME FOR SEPT. 1 Fl 
PART REQUIREMENT DATE. Tfy -f^ «JIjl»sjl dji^ -h*- 


- REMOVAL TEST DONE, MATRIX REPORT TO BE WRITTEN ^ <>«"-.;v^ »f ^fi^ 

- CHRYSLER NEEDS COST 4 TIMING FOR MATRIX OF PARTS. MATRIX TO BE DONE ^^^^U 
S/26 

ADJUSTER 

- CHRYSLER TO PROVIDE ORIENTATION DATA TO TELEFLEX ON SLIDE & SNAP. 
PRINTS 

- ASSEMBLY DRAWINGS BEING WORKED ON AMD COMPLETED. TO BE SUPPLIED 


MOm. ALL PRINTS Fl LEVEL TO BE AVAILABLE I 

-rt^y ^ t^^^jfjt;^ djx. ^0 'bvjc : 

GROMMET 

- ? STOCK GROMMET WITH CONVOLUTE AVAILABLE. IF AVAILABLE, PROVIDE 
SAMPLES. 


PLASTIC MATERIAL 

- 80G3d AGREED MATERIAL TO MOLD CABLE PARTS FROM. 
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N-TRUCK ATX MEETINC MINOTES , 6 j^u^wO • , r ' , ^ 

MAY 12^ 1994 -PACE TWO (/Vf- ^ l^ll^ \ L ' Jj^ ,k . 

,1 ^ W'^^ ' 
OPEN ISSOES PROM CHRTSLER ^ ' ;|f ^. T V^"'' . \A 

" fJ?u"*S5,5?'J^ SIMUUTE ROOIIMG AHD CHBCK POR 1.5m 

^ PROVIDE ROOTINC. OSE A COBREHT B-VAN CABLE BtR yAtVA iJ- Tft*/t<. 

ROOTING. T AB CW TBOt WEEK O P fl /fe tl^^ •^wim i« 

- CHRYSLER MEEDS COSTS OP PI PROTOTYPE IHQUIRIES' MOLES. ttOOOCTION 

" "^^^^ ***** OSE CARRY-OVER PER MIO REASOHER). I ^ 

SOX COMPLETE MOW. TELEPLEX TO SOPPLY PMEA TO JOB BOCCELLATO. G 

ADDITIONS TO BB WRITTEN OP POR 5/26/94 MEETING. ^ 

- FOAM (EPDM) HOSE RETENTION. ? CAN WE OSE ONE LONG PIECE INSTEAD OP P-H-l 
FASTENING/LOCATING ON CONDOIT. COSTS? ur ^ 

NEXT MEETING MAY 25, 19904 - 9:00 A.M. =^ 

i 


7. 
•V. 
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97 AN ATX PRODUCT ASSURANCE PLAN 
SYSTEM TYPE: CABLE SHIFT - CENTER ADJUST 


5'V ^ - 


TASKS 


Syycm Design Compicic 


Cable Design Complete 


Pfg'Fl PiDcuftment tA^r. 


[nitia! Design Mockmp Report 


Fl Piocuremem Cable 


Fl Pans Due -Cable 


Fl PPDCuttroem>Bckt and Lever 


Fl Pans Due - Brkt and Lever 


able Design FKfEA Start 


10 System Design FMEA Sttrt 


RESP. 


Chfyslei/Supplier 


Supplier 


Chrysler 


Chfysler 


Supplier 


Chiyslcr 


Supplier 


<»<itTf>lifr 


Chtyster 


DATE 


4/1/94 


4/1/94 


4/18/94 


5/13/94 


7/1/94 


9/1/94 


7/1/94 


9/1/94 


3/1/94 


5/1/94 


COMMENTS 


Pans ordered 


80% Coroplete 


C.) 


Ss 


11 


12 


DVPARSUrt rb»T€ iig ~ 


Elcctipnic Engine Buck Reviews 


Quyslcr 


6/1/94 


Chiyster 


2/94-4/94 


13 


System Review and Coocurpeooe with WTAP Fetsonnel 


14 


DFMASUrt 


15 


Begin Discussions with Pipcess Engineering 


Chrysler 


Chrysler 


4/7/94 


16 Cable Bracket at Trans FEA Start 


Chrysler 


6/1/94 


17 


demify Cable Bracket and Lever Supplier & Begin 
>sign Reviews. 


Chrysler 


5/15/94 


System Packaging VeriEcatwns 
- Exhaust System 

* Starter Motor 

• Trans Cooler Lines 

• Brake Line System 

* Pass Comp. Electric Haniesscs 


Chrysler 


On-Going 


|Soiidify Cable Tie Down Design at Inner Wheel Well 


' Support Design Aid Bucks 


Chrysler 


6/1/94 


Cable Temp Testing * Hoi Box 


Chrysler 


7/15/94 


Cable Temp Testing * Engine Dyno 


Supplier 


ICable Temp Testing > Hot Room 


Chrysler 


I Cable Temp Testing - CPG Wind Ttomd 


Chrysler 


Cable Temp Testing > Hoi Top 94 CY ^':,o. 


Chrysler 


5/9/94 


|PullOmofParkTcsiiiMt 


Chrysler 


7/15/94 


Results due by 6/5/94. 


Trans Detent To Col Gate Alignment VeriGcation 
Buck Builds 
EVOFl Builds 

Cycle Lab Fixtures 


Chyrskr 


10/1/94 


I 


Chrysler 


9/9/94 
10/1/94 
10/1/94 


jNeutnl Start Veiificatfen 


IPRNDL Alignment VeriGcation 


Chrysler 


301 Water Test at Adjustment 


roduction DWG Release 


32|PO Pitou 


ICI Pilots 


PVP Pilots 
1 VI Launch 


Chrysler 


Supplier 


Chrysler 


Chiyslcf 


11/13/9S 


Chiyslef 


2/12/96 


Chiysler 


6/3/96 


Chiysler 


7/15/96 
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